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ENGINEERING STUDY C] 


4 Lockheed Aircraft Corpo 


CHANGE PROPOSAL = [X] 


DATE 1221-59 _ | AFFECTS: wseo [X] Project [Xx] 


NAME OF MAJOR COMPONENT PART OR LOWEST SUBASSEMBLY PART NO. & MODEL OR TYPE 
SEXTANT PURGING INLET VALVE 


TITLE OF PROPOSAL * twppovED SEXTANT AND DRIFTSIGHT PURGING 


NATURE OF PROPOSAL : 
1. Replace existing purging inlet valve with een sosling quick disconect and 
provide access door foreward of FS. 191. eee: , 


2. Prepare and issue a service bulletin. _ . ares Pe a . wae 
3+ Fabricate appropriate kits. ae. a ee oe 


aay 


"REASON FOR PROPOSAL : “. ree 
- This.is item g Para. 10° of the List of Improvement items included in. re Tritt” a 
Prog" Dated 27 August 19596 ns ; 


To dnsoeporste improved forging inlet provisions which are more 2 readily scnaaibie 
to facilitate purging the sextant and Griftsight. 


pt 


ESTIMATED COST AND TIME INVOLVED : 

ADDITIONAL FUNDING REQUIRED : 

ESTIMATED COST FOR KITS OR PARTS: $26.50/Kit 
ADDITIONAL FUNDING REQUIRED : None (SP 1917 


Spare Disconnect Project-15 units-Total Est. Price $300.00 
ITEMS AFFECTED BY PROPOSAL : WSPO- 28 units -Total Est. Price $65.00 


SAFETY MISSION PERFORM. [| OPERATING INTER- WEIGHT OR TOOLS & MAINTE. SERVICE FLIGHT MAINTE. 
EFFEC. ANCE PROCEDURE | CHANGE- WEIGHT & SUPPORT NANCE LIFE MANUAL 
TIVENESS : ABILITY BALANCE EQUIPMENT] PROCEDURE : 


NANCE 
MANUAL 


EST. MAN/HRS. REQ’D. TO ACCOMPLISH CHANGE IN FIELD 15 urs. 
SOURCE OF PARTS FOR KIT ’ AVAILABILITY 9 WEEKS AFTER APPROVAL 


LAC 
5 TAT 
D0300040018-9 


DISPOSITION OF SPARES AFFECTED 
7901-1 Value Obsolete 


INITIATED BY : APPR 


OVE 


SP-E-1TA ; aa - PAGEL OFZ. 


